OFFICE OF THE PURCHASING AGENT 



DATE: 


BID NO. 
SUBJECT: 


TOWN OF ARLINGTON 


730 Massachusetts Avenue 
Arlington, MA 02476 


July 24, 2019 


Telephone (781) 316-3003 
Fax (781)316-3019 


TO ALL BIDDERS 


19-35 

Pavement Markings & Line Striping Project 

ADDENDUM NO. 1 


TO WHOM IT MAY CONCERN: 


With reference to the bid request relative to the above subject, please note the 
following: 

BID DEADLINE EXTENDED: WEDNESDAY TULY 31, 2019 10:00 AM 

DELETE ORIGINAL PAGE 8 
ADD ATTACHED REVISED PAGE 8 

PAGE 15, #3: ADD NEW TIME OF COMPLETION 

3. Time of Completion 

The work specified under this contract shall be completed no later than October 31, 2019, 

with the exception of the Items #27 & #28 which shall be completed by 
September 15,2019 

ADDENDUM MUST BE ACKNOWLEDGED WITH BID SUBMISSION. 


All other terms, conditions and specifications remain unchanged. 
Very truly yours, 

Town of Arlington 


Domenic R. Lanzillotti 
Purchasing Officer 



Pavement Markings and Line Striping Project 
Arlington, Massachusetts 
July 24, 2019 


PROPOSAL FORM 

A copy of this sheet with a unit price quote amount indicated in figures and written shall be submitted 
with the bid by Wednesday July 31, 2019 at 10:00AM to Office of the Purchasing Agent, Town Hall, 
Arlington, Massachusetts. The submittal with the lowest Total Quote will be awarded the project. 

The Lump Sum quote provided shall include the cost to provide all material, equipment and labor for 
services to apply road markings including line striping, pavement symbols and high friction surface 
treatment as detailed in this bid request for designated street sections in the Town of Arlington, 
Massachusetts. 


BASE BID 

For Items #1 to Item #26 


Description 

Unit Price 

Furnishing all necessary material, equipment and 
labor to apply line striping, pavement symbols and 
high friction surface treatment as detailed in this 
bid request 

Lump Sum $ 

for items #1 - #26 on the Quantity Sheet 



(Please indicate value of quote in words and with numbers.) 

*** Total value not to exceed $75,000.00 


BID ALTERNATE #1 

For Items #27 & #28 


Description 

Unit Price 

Furnishing all necessary material, equipment and 
labor to apply line striping, pavement symbols and 
high friction surface treatment as detailed in this 
bid request 

Lump Sum $ 

for Items #27 & #28 on the Quantity Sheet 



(Please indicate value of quote in words and with numbers.) 

*** Total value not to exceed $100,000 






